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BILL NO. S-83-02- Q^ 


SPECIAL ORDINANCE NO. S- 




AN ORDINANCE approving an amendment to 
a contract for engineering services 
with the Board of Aviation Commissioners. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That an amendment entitled Appendix B dated 
January 19, 1983, to an engineering contract dated October 21, 
1982, between the City of Fort Wayne by and through its Board 
of Aviation Commissioners and Richard B. Wetzel, d/b/a Wetzel 
Engineers, consulting engineer, for additional engineering ser¬ 
vices relative to the extending of Taxiway "M" and the relocation 
of Indianapolis Road involving a total cost of $122,100.00, all 
as more particularly set forth in said Appendix B, which is on 
file with the office of the Board of Aviation Commissioners and 
is by reference incorporated herein, made a part hereof, is in 
all things hereby ratified, confirmed and approved. Two copies 
of said contract are on file with the office of the City Clerk 
and are made available for public inspection according to law. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 









full and on motion by_ 


Read the fLrst time in : _ 

seconded by _, and duly afdopted, read 

by title and referred to the Committee \ 


second time 

^ ,___ _(and the City 

plan Commission for recommendation) and Public Hearing to be held after 
due legal notice, at the Co uncil Chambers, City-Countv^hilding, Fort Wayne, 
Indiana, on_ —- the _day of 


12 - 


19 


at 


o'clock .M.,E.S.T. 






Read the third 

seconded by_ 

passage. PASSED 


CHARLES W. WESTERMAN - CITY CLERK 

tijne in full and on motion by_ _ 

_, and duly adopted, placed on its 

(LO'St'T by^t^fte following vote: 



AYES 

NAYS 

TOTAL VOTES 

X 

JL 

BRADBURY 

JA 

_ 

BURNS 

>L. 


EISBART 

-jL 

_ 

GiaQUINTA 



SCHMIDT 

JL 


SCHOMBURG 

JL 


SCRUGGS 

1L 


STIER 

JL 


TALARICO 

A- 

— 

DATE: 



ABSTAINED ABSENT TO-WIT: 

I 


K 



CHARLES W. WESTERMAN - CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as ( ZONING MAT* ")- ( - GENERAL) (ANNEXATION) (SPECIAL) 

'( APPROPRIAT IONS ORDINANCE (R ESOLUT I O N) NO. ' c3 , 

on the es2©2 _day of__ ; 19 . 


ATTEST: 


CHARLES W. WESTERMAN - CITY CLERK 


(SEAL) 

■zip 


Is 


A 


PRESIDING OFFICER 


S' 


Presented by me to the Mayor 
_ d ay of 




the City of Fort Wayne, Indiana, on 
19 _ &? _, at the hour of 


Approved and signed by me this 
19 ^3 _, at the hour of_^_ 


CHARLES W. WESTERMAN - CITY CLERK 

-_day of_ Q(Waa 

o’clock P 


Tr 


WIN MOSES, JR. 


MAYOR 
















































































APPENDIX B 


THIS APPENDIX "B", made and entered into this d ay of _, 1983, 

BY AND BETWEEN the City of Fort Wayne Board of Aviation Commissionersj hereinafter 
called the "Owner", and Wetzel Engineers, hereinafter called the "Engineer", 
becomes a part of the Agreement between the Owner and the Engineer entered into 
by the parties on the 24th day of _ November _, 1982. 


WHEREAS the project now to be completed, included in Article 1, is defined as: 


A. Extend Taxiway "M" to West Apron 

B. Relocate Indianapolis Road 

C. -— gjf^e nd ftmway 13-31 with- P aral 7«7 Trtrf . i 




WHEREAS the Engineer's compensation for services defined by Article 1 requires an 
amendment to Article 3 of the Agreement •. 


NOW, THEREFORE, the Owner and the Engineer, for the considerations hereinafter set 
forth, agree as follows: 

ARTICLE 3, The Engineer's Compensation for Services is amended as follows: 
Section A. 


The Owner, for and in consideration of the rendering of the engi¬ 
neering services, herein enumerated, agrees to pay to the Engineer 
fees for Basic Services for the Project in preparing Contract 
Documents as defined in Article 1, Section A, B and C as follows: 

Extend Taxiway "M" to West Apron (approximately 450') - 
the lump sum fee of $23,400.00 


Relocate Indianapolis Road (approximately 3 miles) - the 
lump sum fee of $98,700.00 


B v-tond Runway. 13 3 i — (-appiujiimdt&ly 2500')~and extend"~paTzrHred 
Ts tifiway ,l C" - the lump sum fee uf- $212 ^2.00 - 




The lump sum fees herein stated shall include preliminary 
soils investigation required for design of the projects. 


Providing general engineering administration of the construction 
contract, as defined in Article 1, Section D, a fee of $235.00 
per calendar day o£ the construction contract, excluding 
Saturdays, Sundays and Holidays, except that resident inspection 
required on Saturdays, Sundays and Holidays, because of 
construction work being performed shall be paid at a rate of 
$265.00 per day. Construction surveying as required in pro¬ 
viding necessary lines and grade information and verifying and 
checking the work of the construction contractor shall be paid 
for at a rate of $440.00 per day. 


B-l 










This Appendix "B" will become effective from the date of execution by the Owner 
and the Engineer. 


IN WITNESS WHEREOF the parties hereto have executed this Appendix "B" to the 
Agreement of _ November 24 _ , 1982, the day and year first above written. 


ENGINEER 
WETZEL ENGINEERS 




CITY OF FORT WAYNE BOARD OF AVIATION 
COMMISSIONERS 




V.'C. 


B-2 










S-83-02-02 


BILL NO. 

REPORT OF THE COMMITTEE ON FINANCE _ 

WE, YOUR COMMITTEE ON___ FINANCE _TO WHOM WAS REFERRED AN 

ORDINANCE approving an amendment to a contract for engineering 
services with the Board of Aviation Commissioners 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 



DONALD J. SCHMIDT 


s 3 

J- ' . CONCURRED IN 



MAN, CITY CLERK 




























